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FOR NEA/PAB CONSTABLE/SCHIFFERDECKER PLEASE PASS FOLLOWING 
MESSAGE IN EYES ONLY ENVELOPE TO VINCE BROWN WHO IS 
CONSULTING IN WASHINGTON. 

E.O. 11652: NA 
TAGS: AF, OGEN 

SUB J : AISK, CONSTRUCTION PROIECT 

1. FEBRUARY 19 I MET WITH MITCHELL, BARBOUR AND KRAJCZAR 

TO REVIEW REVISED ARRANGEMENTS FOR SUPERVISION OF CONSTRUCTION 
OF LIBRARY/GYM FOR AISK PER OUR CONVERSATIONS. 

2. UNDER PROPOSED NEW ARRANGEMENT, DON REILLY WILL LEAVE THE 
BUILDING COMMITTEE AND SERVE AS AID OBSERVER, BEING 
RESONSIBLE FOR REPORTING TO AID/AFGHANISTAN ON PROGRESS 

IN MEETING SPECIFICATIONS AND REGULATIONS. 

3. IOHN GIST WILL BE GIVEN RESPONSIBILITY FOR 

IMPLEMENTATION OF ALL DECISIONS TAKEN BY THE GUILDING COMMITTEE 
INCLUDING EXECUTION OF CONTRACTS, PREPARATION 
OF ADS AND SUPERVISION OF BID PROCEDURE. 

4. THERE WILL BE REGULAR WEEKLY MEETINGS OF THE 
BUILDING COMMITTEE AND A SECRETARY HAS BEEN APPINTED 
ROM AISK RESOURCES TO TAKE MINUTES OF THESE MEETINGS 
AND DISTRIBUTE THEM TO THE BUILDING COMMITTEE, AISK, THE 
AID DIRECTOR AND THE AMBASSADOR. 

5. MITCHELL ALSO HAS DEVELOPED A PLAN WHICH OUTLINES 
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LIMITED OFFICIAL USE 

PAGE 02 KABUL 01066 200404Z 

A SCHEDULE FOR THE GYM TO INSURE CONSTRUCTION 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 

COMMENCEMENT BY MAY 1. 

6. ACCORDING TO BARBOUR, REILLY CERTIFIES THAT ALL 
DOCUMENTATION REQUIRED BY AID UP TO THIS POINT HAS 
NOW BEEN COMPLETED AND THE PROJECT IS ON THE TRACKS. 

7 WOULD APPRECIATE YOUR REVIEWING THIS OUTLINE AND 
GIVING ME ANY CHANGES OR SUGGESTIONS YOU MIGHT HAVE, 

USING THIS CHANNEL. 

8. WARM REGARDS. 

CURRAN 


LIMITED OFFICIAL USE 


NNN 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 19 FEB 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: SmithRJ 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975KABUL01066 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750060-0102 
From: KABUL 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750232/aaaabcug.tel 

Line Count: 73 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION NEA 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: SmithRJ 
Review Comment: n/a 
Review Content Flags: 

Review Date: 29 JUL 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <29 JUL 2003 by ElyME>; APPROVED <21 NOV 2003 by SmithRJ> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
05 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: AISK, CONSTRUCTION PROJECT 
TAGS: OGEN, AF 
To: STATE 
Type: TE 

Markings: Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 



